NATIONAL GALLERY (DUBLIN). 



RETURN to an Order of the Honourable The House of Commons, 
dated 6 May 18C4 -,—for. 



An ACCOUNT “of the Total Cost of the Building of the National Gal- 
lery (Dublin), up to the present Time, including all Charges of every 
Description : 

“ Of the Amount required for completing the same : 

•‘And, stating whether Captain Fowke has received, or is to receive, any 
Remuneration for his Services in connexion with the said Building, and, 
if so, to what Amount.” 



(£ 7 r Edward Grogan.) 



Ordered, by The House of Commons, lo be Printed, 
30 May 1864. 
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RETURN RELATING TO THE 



I. RETURN of tlie Total Cost of the Building of the National Gallery (Dublin) 
up to the present Time, including all Charges of every Description. 



The Total Cost of building the National Gallery, and Marsh’s 
Library, including all Charges, is 



Of which the following is a Summary of Contracts, viz. : 



Messrs. G. Cockburn & Sons, first contract, for erecting the 
building. 



Messrs. G. Cockburn & Sons, second contract, for roofing, &c. - 



Messrs. G. .Cockburn & Sons, third contract, for stucco-plastering 
and other internal works. 



Messrs. Barrett & Co., contract for patent wrought-iron fire- 
proof floors. 



Freight and carriage of patent wrought-iron fireproof floors 



Wilham Turner, contract for wrought and cast-iron work, and 

tor fixing fireproof floors. 



William Potter, contract for heating apparatus, waterpipes, &c. 
Messrs. Minton & Co., contract for encaustic tile-paving. 
Messrs. Sibthorpe & Son, contract for plate-glass, &c. - 

T. Bvrne, contract for completing rooms in basement storey 
J. Kennedy, contract for plumbing works .... 
Sundry small accounts for grates, chimneypieces, &c. 



Amount paid the Department of Science and Art (South Ken- 
SaS°&c 8e " 1CeS ° f draUShlSmeQ ’ el W d Preparing 



Mr. Mellon, clerk of the works, up to 1st April 1862 
Messrs. Lanyon & Lynn, architects, for plans and drawings 



W La J ny B ou's ph^™**** ° Ut qQantities from Messrs. 



«**“ to. 



Mmms. G; Cockbom k Son., contract for orcc&w mie-cier. 



u r"ii“ d fomtos; ”** ■ wro “ h - “<> 



11,984 4 7 



1,750 - - 
4,590 8 9 



2,590 15 6 



138 14 7 

719 14 3 



677 5 2 
881 8 11 
343 15 - 
137 6 6 
43 13 6 
49 9 6 
520 - - 



24,836 8 
600 - 



Legal expenses, stationery, &o. 



5 «”• t T b ° iIdi ^ * r°>*» ° f b” 1 ”- 

>W™7 wilt Ropd Dublir 



Total of all Charges - 



149 18 
143 14 
605 - 



84 12 3 
39 6 5 



26,738 19 8 
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NATIONAL GALLERY (DUBLIN.) 



IL — RETURN of the Amount required for completing the same. 



The National Gallery is completed, and was opened to the public on the 1st day of 
February last ; but the interior of that portion of the building originally intended to 
contain ’Archbishop Marsh’s Library requires to be completed, as far as regards the 
plastering, staircase, and bookstalls, and for which no estimate has or can be made, 
* until it has been decided to what purpose this part of the building shall be applied. 



III. — Stating whether Captain Fotcke has received, or is to receive, any Remuneration 
for his Services in connexion with the said Building, and, if so, to what Amount. 

i 



The plans and specifications and the detailed drawings required for all the works 
connected with the Gallery and Library, as erected, were prepared at South Kensington, 
by Captain Fowke, r. e., in consequence of instructions from the Department of Science 
and Art, and no payments have been made by the Building Trustees for the services so 
successfully performed by him. But the cost incurred by draughtsmen, in preparing and 
copying the plans and working drawings at South Kensington, has been paid to the 
Secretary of the Department, the amount of which is given in the General Statement of 
Expenditure ; and as regards the sum of 600 1. paid to Messrs. Lanyon, Lynn, & Co., 
I have to observe that the original designs were prepared by those gentlemen, and 
approved of by the Trustees ; but, at the instance of the Department of Science and Art, 
Captain Fowke, B.E., was directed, in 1858, to inspect the site, and report to the Depart- 
ment his views, &e., subsequent to which he prepared plans which were adopted by the 
Trustees ; and the building has been erected and paid for, by measurement, according to a 
schedule of prices attached to Messrs Cockbum and Sons’ contract with the Bunding 
Trustees. 

Rickard Griffith, 

Chairman of the Building Trustees of the 
Dublin, 26 May 1864. National Gallery of Dublin. 
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ACCOUNT i 
plating the 



1,0 T °“l Cost of the Building of 
Gallery (Dcblik), op u 
^eluding all Chargee of erery 



(Sir Edward 



Grogan.) 
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